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15 DecemBer 1960 
SUBJECT! CHANGE PROPOSAL LAC-93 OXYGEN SYSTEM 
| MPROVEMENT 
TO4 CONTRACTING OFFICER 
SUBJECT CHANGE PROPOSAL IS A DIRECT OUTCOME OF THE 
FOG ACCIDENT IN JULY. 
THis CHANGE PROPOSAL HAS BEEN REVIEWED BY THE WSPO 
AND 1S CONCURRED IN AS SIGNIFICANTLY IMPROVING THE 
OPERATING SAFETY OF THE AIRCRAFT. 
REQUEST YOU FURNISH THE CONTRACTOR FORMAL NOTIF I= 
CATION OF THE WSPO APPROVAL AND/OR JOINT APPROVAL AS 
APPLICABLE. 
THE CALL FOR SPARES WILL BE PRE THE WSSC. 
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